ORDER FOR SUPPLIES OR SER VICES 


1 CONTRACT/PURCH ORDER 2 DELIVERY ORDER/CALL NO [3 DATE OFORDER/CALL]4 REQ'PURCH REQUESTNO 5 PRIORITY 
AGREEMENTNO (YYYYMMMDD) 


N6523618P0073 2018 Jun 21 1300702699-0001 


ISSUED BY 7 ADMINISTERED BY (if other than 6) CODE 


US NAVY SPAWARSYSCEN ATLANTIC CHARLESTON 8 DELIVERY FOB 
PO BOX 190022 2.0 CONTRACTS 


843-218-3610 SEE ITEM 6 [D] DESTINATION 


Gy . [x] OTHER 
NORTH CHARLESTON SC 29419-9022 


(See Schedule if other) 


9 CONTRACTOR FACILITY PF < | 10 DELIVER TO FOB POINT BY (Date) |11 MARK IF BUSINESS IS 


MCKINSEY & COMPANY, INC. WASHINGTON DC Voie ipi r. 
: : SEE SCHEDULE 


GOVERNMENT REPRESENTATIVE 


1200 19TH ST NW STE 1100 12 DISCOUNT TERMS DISADVANTAGED 
ADDRESS WASHINGTON DC 20036-2412 Mon eie 'WOMEN-OWNED 
13 MAIL INVOICES TO THE ADDRESSIN BLOCK 
WAWF 


14 SHIP TO coDE| |. — — — [is PAYMENT WILL BE MADE BY  CODE|wes38 — — — | 


SPAWAR LANT CHARLESTON NAVY ERP MARK ALL 


SEE SCHEDULE PO DORIS PACKAGES AND 


NORTH CHARLESTON SC 29419-9022 PAPERS WITH 


IDENTIFIC ATION 
NUMBERS IN 
BLOCKS 1 AND 2. 


DELIVERY / This delivery order/call is issued on another Government agency or in accordance with and subject to terms and conditions ofabove numbered contract 
CALL 


PURCHASE Refrence your quote dated 2018 May 22 
Furnish the following on terms specified herein REF: N6523618Q0139 


ACCEPTANCE THE CONTRACTOR HEREBY ACCEPTS THE OFFER TIE S DA Y THEN OT PURCHASE 
ORDER ASIT MAY PREVIOUSLY HAVE BEEN OR IS NOW MODIFIED T TO ALL OF THE ERMS 


AND CONDITIONS SET FORTH. AND AGREES TO PERFORM THE SAME 


NAME OF CONTRACTOR SIGNATURE TYPED NAME AND TITLE possa 
( 
L1 If this box is marked. supplier must sign Acceptance and return the following number of copies: 


17 ACCOUNTING AND APPROPRIATION DATA/LOCAL USE 


See Schedule 


18 ITEM NO 19 SCHEDULE OF SUPPLIES/ SERVICES 20 QUANTITY 
ORDERED; | 21 UNIT |22 UNIT PRICE 23 AMOUNT 
ACCEPTED* 


NENNEN SEE SCHEDULE. LÀ —— 
* [f quantity accepted by the Government is same as TEL: 843-218-2702 $50,000.00 
quantity ordered, indicate by X. If different, enter actual |EMAIL: yarinee.tafur@navy.mil 26 biroran| seme | 
quantity accepted below quantity ordered and encircle. |By: Yarinee Tafur CONTRACTING / ORDERING OFFICER DIFFERENCES] | 
27a QUANTITY IN COLUMN 20 HAS BEEN 


[]issrecteD [_]RECEIVED L] ACCEPTED. AND CONFORMSTO THE 
CONTRACT EXCEPT AS NOTED 


b SIGNATURE OF AUTHORIZED GOVERNMENT REPRESENT ATIVE c DATE d PRINTED NAME AND TITLE OF AUTHORIZED 
(YYYYMMMDD) GOVERNMENT REPRESENT ATIVE 


e MAILING ADDRESS OF AUTHORIZED GOVERNMENT REPRESENTATIVE [|28 SHIP NO 29 DO VOUCHER NO [30 -- “| 


f TELEPHONE NUMBER fg E-MAIL ADDRESS 


36. I certify this account is correct and proper for payment. 31 PAYMENT 34 CHECK NUMBER 


SIGNATURE AND TITLE OF CERTIFYING OFFICER H: COMPLETE 


PARTIAL - 
FINAL 35 BILL OF LADINGNO 


37 RECEIVED AT 38 RECEIVED BY 39 DATE RECEIVED 40 TOTAL 41 S/R ACCOUNT NO| 42 S/R VOUCHER NO 
(TYYYMMMDD) CONT AINERS 


CORRECT FOR 


FINAL 


H PARTIAL 32 PAID BY 33 AMOUNT VERIFIED 


DD Form 1155, DEC 2001 PREVIOUS EDITION IS OBSOLETE 
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Section B - Supplies or Services and Prices 
ITEM NO SUPPLIES/SERVICES QUANTITY UNIT UNIT PRICE AMOUNT 
0001 
Base YearFFP 
PURCHASE REQUEST NUMBER: 1300702699-0001 
PSC CD: D311 
NET AMT 
ACRN AA CIN: 130070269900002 
ITEM NO SUPPLIES/SERVICES QUANTITY UNIT UNIT PRICE AMOUNT 
0002 1 Each NSP 
CDRLsFFP 
Contract Data Requirements List (CDRL) — 
IAW DD Form 1423FOB: Destination 
PSC CD: D311 
NET AMT 
ITEM NO  SUPPLIES/SERVICES UANTITY UNIT UNIT PRICE AMOUNT 
1001 =s 


OPTION 


Option Year 1FFP 
PSC CD: D311 
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ITEM NO SUPPLIES/SERVICES QUANTITY UNIT UNIT PRICE AMOUNT 
1002 1 Each NSP 
CDRLsFFP 
Contract Data Requirements List (CDRL) — 
IAW DD Form 1423FOB: Destination 
PSC CD: D311 
NET AMT 
ITEM NO  SUPPLIES/SERVICES wy Ny UNIT UNIT PRICE AMOUNT 
2001 
OPTION Option Year 2FFP 
PSC CD: D311 
NET AMT Pay 
ITEM NO SUPPLIES/SERVICES QUANTITY UNIT UNIT PRICE AMOUNT 
2002 1 Each NSP 
CDRLsFFP 


Contract Data Requirements List (CDRL) — 
IAW DD Form 1423FOB: Destination 
PSC CD: D311 


NET AMT 
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Section C - Descriptions and Specifications 


C 
SECTION C - DESCRIPTION/SPECS/WORK STATEMENT 


SPECIFICATIONS/STATEMENT OF WORK/PERFORMANCE WORK STATEMENT 
Work under this performance-based contract will be performed in accordance with the following description/ 
specifications/ statement of work (SOW) which herein will be referred to as Performance Work Statement (PWS): 


SHORT TITLE: DEFENSE BUDGET TRACKING SERVICES 
1.0 PURPOSE 


The Space and Naval Warfare Systems Center Atlantic (SPAWARSYSCEN Atlantic) is a Department of the Navy 
Working Capital organization that supports Naval Warfighters via Command, Control, Communications, 
Computers, Combat Systems, Intelligence, Surveillance, and Reconnaissance (CSISR) technology. Central to this 
support is resource planning and evaluation that determines future expenditures on Navy Projects and Programs. A 
critical phase in resource planning lies in a thorough assessment and evaluation of the defense budget and markets to 
provide decision quality information to the Commanding Officer, Executive Director, Departments and 
Competencies. 


1.1 SCOPE 


This PWS covers business analysis and management support services to the Corporate Strategy Competency for 
SPAWARSYSCEN Atlantic. This support encompasses Defense Market Analysis of budgetary, market, and 
competitive data with visualizations to support resource planning and business development. 


2.0 PLACE(S) OF PERFORMANCE 


The contractor shall provide support at the following location: 
a. SPAWARSYSCEN Atlantic, Charleston, SC 
b. Contractor Facility 


2.1 GOVERNMENT FACILITIES 
No Government facilities (i.e., office space or lab space) are provided on this contract. 
2.2 CONTRACTOR FACILITIES 


The contractor can have its facility location anywhere as long as the location does not present a hardship to complete 
work required on task. The contractor shall have real-time communication between the contractor personnel 
supporting the efforts and government personnel available at time of award. 


3.0 PERFORMANCE REQUIREMENTS 


The following paragraphs list all required non-personal services tasks that will be required throughout the contract. 
The contractor shall provide necessary resources with knowledge and experience as cited in the personal 
qualification clause to support the listed tasks. Contractors shall perform requirements in accordance with Federal 
Acquisition Regulation (FAR) and/or Defense Federal Acquisition Regulation Supplement (DFARS) which do not 
include performance of inherently governmental functions. The contractor shall complete all required tasks while 
controlling and tracking performance and goals in terms of costs, schedules, and resources. 


3.1 DEFENSE MARKET ANALYSIS 
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The contractor shall provide s subscription-based service and web-based platform that allows for a strategic 
approach to understanding and forecasting US defense market spending. The service shall combine budgetary, 


market, and competitive data with visualization to improve quality, enhance productivity, and cut costs. 


3.1.1 Defense Budget and Market Analysis 


3.1.1.1 The Contractor shall provide a comprehensive Defense budget and market analysis dataset that 
includes sector-specific program value chains, segment taxonomies and proprietary capability portfolios, specific to 
SSC Atlantic Department priorities. 


3.1.1.2 The Contractor shall provide a scalable enterprise-wide implementation that 1s flexible, scalable, and a 
secure web-enabled application to support the prioritization and pursuit of SPAWARSYSCEN Atlantic Department 
Technical Growth Areas (TGA). 


3.1.1.3 The Contractor shall provide sustainable and repeatable decision analytics for SPAWARSYSCEN 
Atlantic Departments that includes drillable reporting of the Defense budget documents and provide tailored 
visualizations and reports to inform strategic initiatives. 


3.1.1.4 The Contractor shall provide implementation options and actionable insights that includes information 
on expected program developments to feed into and inform the Defense budget cycle and investment decisions. 


3.1.1.5 The Contractor shall prepare and define the DoD market outlook. 

3.1.1.6 The Contractor shall provide full access to evolving Defense market data and analytics. 

3.1.1 7 The Contractor shall provide automated News/Reports/Contract announcement for Defense budget 
mapping. 

3.1.1.8 The Contractor shall provide user training and system technical support. 

4.0 INFORMATION TECHNOLOGY (IT) SERVICES REQUIREMENTS 


The services provided on contract are not IT related. 
5.0 CONTRACT ADMINISTRATION 


Administration of the work being performed is required; it provides the Government a means for contract 
management and monitoring. Regardless of the level of support, the ultimate objective of the contractor is ensuring 
the Government's requirements are met, delivered on schedule, and performed within budget. 


5.1 CONTRACTING OFFICER REPRESENTATIVE (COR) DESIGNATION 


This SAP contract is not technically complex and does not require a COR. A Government Representative will report to 
the Contracting Officer that all products and/or service from the contractor have been delivered and accepted. The 
Government Representative for this contract is (b) (6) phone (843) 218(5) 46), and email 

(b) (6) 


5.2 CONTRACTOR MONITORING AND MAINTENANCE 
The contractor shall have processes established in order to provide all necessary resources and documentation during 
various times throughout the day including business and non-business hours in order to facilitate a timely contract 


response or modification in particular during urgent requirements. 


5.2.1 Contract Administration & Documentation 
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Various types of administration documents are required throughout the life of the contract. At a minimum, the 
contractor shall provide the following documentation: 
5.4 CONTRACTOR PERFORMANCE MANAGEMENT 


In support of tracking contractor performance, the contractor shall provide a Cost and Schedule Milestone Plan 
(CDRL A002) within 10 days after contract award. 


6.0 DOCUMENTATION AND DELIVERABLES 


The contractor shall screen all electronic deliverables or electronically provided information for malicious code 
using DoD approved anti-virus software prior to delivery to the Government. 


6.1 CONTRACT DATA REQUIREMENTS LIST (CDRL) 


The following listing identifies the data item deliverables required under this contract and the applicable paragraph 
of the PWS for which they are required. Section J includes the DD Form 1423s that itemize each Contract Data 
Requirements List (CDRL) required under the contract. The contractor shall establish a practical and cost-effective 
system for developing and tracking the required CDRLs generated under each task. The contractor shall not develop 
any CDRL classified TOP SECRET with SCI. 


Security 
Ewe Classification 
CDRL # Deliverable Title Reference | Frequency Date Due 
Para (up to S/TS or 
unclassified) 
A001 Invoice Supporting Documentation 5.2.1.3 ASREQ NUDO Ds Unclassified 
from request 
One time NLT 10 DACA 
A002 Cost and Schedule Milestone Plan 5.4 n revision NET 2 Unclassified 
revisions days after receipt 
(ONE/R) of Govt review 


6.3 ELECTRONIC FORMAT 


At a minimum, the contractor shall provide deliverables electronically by e-mail; hard copies are only required if 
requested by the Government. To ensure information compatibility, the contractor shall guarantee all deliverables 
(i.e., CDRLs), data, correspondence, and etc., are provided in a format approved by the receiving Government 
Representative. The contractor shall provide all data in an editable format compatible with SPAWARSYSCEN 
Atlantic corporate standard software configuration as specified below. Contractor shall conform to 
SPAWARSYSCEN Atlantic corporate standards within 30 days of contract award. The initial or future upgrades 
costs of the listed computer programs are not chargeable as a direct cost to the Government. 


Deliverable Software to be used 
a. Word Processing Microsoft Word 
b. Technical Publishing PageMaker/Interleaf/SGML/ 
MSPublisher 
c. Spreadsheet/Graphics Microsoft Excel 
d. Presentations Microsoft PowerPoint 


7.0 QUALITY 


7.1 QUALITY SYSTEM 
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Upon contract award, the prime contractor shall have and maintain a quality system that meets contract requirements 
and program objectives while ensuring customer satisfaction and defect-free products/process. The contractor shall 
have an adequately documented quality system which contains processes, procedures, planning, and all other 
documentation and data necessary to provide an efficient and effective quality system, which includes an internal 
auditing system. 


8.0 SECURITY 
8.1 ORGANIZATION 
8.1.1 Security Classification 


All work performed under this contract is “unclassified.” A facility security clearance (FCL) is not required; 
therefore, DoD Contract Security Classification Specification, DD Form 254, does not exist. Pursuant to DoDM 
5200.01 — Volume 4, Controlled Unclassified Information (CUI), the contractor shall safeguard any sensitive 
Government information. 


8.2 PERSONNEL 


Personnel investigations are not required since contractor personnel are performing unclassified work and do not 
require access to Government installations/facilities, Government IT systems and IT resources, or 
SPAWARSYSCEN Atlantic information. 


8.3 OPERATIONS SECURITY (OPSEC) REQUIREMENTS 


Security programs are oriented towards protection of classified information and material. Operations Security 
(OPSEC) is an operations function which involves the protection of any critical information — focusing on 
unclassified information that may be susceptible to adversary exploitation. Pursuant to DoDD 5205.02E and 
SPAWARINST 3432.1, SPAWARSYSCEN Atlantic’s OPSEC program implements requirements in DoD 5205.02- 
M — OPSEC Program Manual and SPAWARSYSCENLANTINST 3070.1B. Note: OPSEC requirements are 
applicable when contract personnel have access to classified information or unclassified Critical Program 
Information (CPI)/sensitive information. OPSEC requirements are not applicable to this contract. 


8.4 INFORMATION SYSTEM SECURITY 


8.4.1 Electronic Communication 

The contractor shall have broadband Internet connectivity and an industry standard email system for communication 
with the Government. The contractor shall be capable of Public Key Infrastructure (PKI) client side authentication 
to DoD private web servers. Unless otherwise specified, all key personnel on task shall be accessible by e-mail 
through individual accounts during all hours. 


8.4.2 Information Security 

Pursuant to DoDM 5200.01, the contractor shall provide adequate security for all unclassified DoD information 
passing through non-DoD information system including all subcontractor information systems utilized on task. The 
contractor shall disseminate unclassified DoD information within the scope of assigned duties and with a clear 
expectation that confidentiality is preserved. Examples of such information include the following: non-public 
information provided to the contractor, information developed during the course of the contract, and privileged 
contract information (e.g., program schedules and contract-related tracking). 


8.42.1 Safeguards 

The contractor shall protect Government information and shall provide compliance documentation validating they 
are meeting this requirement in accordance with DFARS clause-252.204-7012. The contractor and all 
subcontractors shall abide by the following safeguards: 


(a) Do not process DoD information on public computers (e.g., those available for use by the general public in 
kiosks or hotel business centers) or computers that do not have access control. 
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(b) Protect information by at least one physical or electronic barrier (e.g., locked container or room, login and 
password) when not under direct individual control. 
(c) Sanitize media (e.g., overwrite) before external release or disposal. 
(d) Encrypt all information that has been identified as controlled unclassified information (CUI) when it is 


stored on mobile computing devices such as laptops and personal digital assistants, or removable storage media such 
as portable hard drives and digital optical disks, using DoD Authorized Data-at-Rest encryption technology. NOTE: 
Thumb drives are not authorized for DoD work, storage, or transfer. Use GSA Awarded DAR solutions (GSA £ 
10359) complying with ASD-NII/DOD-CIO Memorandum, “Encryption of Sensitive Unclassified Data-at-Rest on 
Mobile Computing Devices and Removable Storage." The contractor shall ensure all solutions meet FIPS 140-2 
compliance requirements. 


(e) Limit information transfer to subcontractors or teaming partners with a need to know and a commitment to 
at least the same level of protection. 


(f) Transmit e-mail, text messages, and similar communications using technology and processes that provide 
the best level of privacy available, given facilities, conditions, and environment. Examples of recommended 
technologies or processes include closed networks, virtual private networks, public key-enabled encryption, and 
Transport Layer Security (TLS). Encrypt organizational wireless connections and use encrypted wireless 
connection where available when traveling. If encrypted wireless 1s not available, encrypt application files (e.g., 
spreadsheet and word processing files), using at least application-provided password protection level encryption. 


(g) Transmit voice and fax transmissions only when there is a reasonable assurance that access 1s limited to 
authorized recipients. 


(h) Do not post DoD information to Web site pages that are publicly available or have access limited only by 
domain or Internet protocol restriction. Such information may be posted to Web site pages that control access by 
user identification or password, user certificates, or other technical means and provide protection via use of TLS or 
other equivalent technologies. Access control may be provided by the intranet (vice the Web site itself or the 
application it hosts). 


(i) Provide protection against computer network intrusions and data exfiltration, minimally including the 
following: 

1. Current and regularly updated malware protection services, e.g., anti-virus, anti-spyware. 

2. Monitoring and control of inbound and outbound network traffic as appropriate (e.g., at the external 


boundary, sub-networks, individual hosts) including blocking unauthorized ingress, egress, and exfiltration through 
technologies such as firewalls and router policies, intrusion prevention or detection services, and host-based security 
services. 


3. Prompt application of security-relevant software patches, service packs, and hot fixes. 
(j) As applicable, comply with other current Federal and DoD information protection and reporting 
requirements for specified categories of information (e.g., medical, critical program information (CPI), personally 


identifiable information, export controlled). 


(k) Report loss or unauthorized disclosure of information in accordance with contract requirements and 
mechanisms. 


9.0 GOVERNMENT FURNISHED INFORMATION (GFI) 
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Government Furnished Information (GFI) is Government owned intellectual property provided to contractors for 
performance on a contract. For the purposes of this contract, GFI includes manuals, technical specifications, maps, 
building designs, schedules, drawings, test data, etc. Depending on information contained in a document, the 
contractor shall comply with additional controls (e.g., completion of a Non-Disclosure Agreements, etc.) for access 
and distribution. 


GFI is not anticipated on this contract. 
10.0 GOVERNMENT PROPERTY 


As defined in FAR Part 45, Government property is property owned or leased by the Government which includes 
Government-furnished (GFP) and Contractor-acquired property (CAP); however, CAP is not applicable on fixed- 
priced contracts. GFP includes material, equipment, special tooling, and special test equipment. 


GFP will not be provided on this contract. 
10.1 GOVERNMENT-FURNISHED PROPERTY (GFP) 


As defined in FAR Part 45, GFP is property in the possession of, or directly acquired by, the Government and 
subsequently furnished to the contractor for performance of a contract. GFP includes spares and property furnished 
for repair, maintenance, overhaul, or modification. GFP includes Government-furnished equipment (GFE), 
Government-furnished material (GFM), Special Tooling (ST) and Special Test Equipment (STE). 


Utilizing GFP on this contract is authorized in accordance with DFARS requirements. The contractor shall meet 
applicable FAR requirements for the use and charges of GFP. The contractor shall have the means to provide an 
effective and efficient stewardship of Government property. NOTE: The contractor shall only receive items listed in 
the Consolidated GFP form and shall only take possession of items not in excess of the maximum promised quantity 
identified in the GFP form. If additional items or increased quantities are required, a modification to the contract is 
needed which includes a revised GFP form being uploaded to Electronic Document Access (EDA) system. The 
following types of GFP are applicable on this contract: 


10.1.1 Government-Furnished Equipment 
GFE will not be provided on this contract. 


10.1.2 Government-Furnished Material 
GFM will not be provided on this contract. 


10.1.3 Special Test Equipment 
STE will not be provided on this contract. 


10.1.4 Special Tooling 
ST will not be provided on this contract 


10.2 CONTRACTOR-ACQUIRED PROPERTY (CAP) 

As defined in FAR Part 45, CAP is property acquired, fabricated, or otherwise provided by the contractor for 
performing a contract and to which the Government has title but has not yet performed receipt and acceptance. CAP 
consists of Contractor-acquired equipment (CAE), Contractor-acquired material (CAM), ST, and STE. 

CAP is not anticipated on this contract. 


11.0 TRAVEL 


No travel requirements are anticipated under this contract. 
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12.0 SAFETY ISSUES 
12.1 OCCUPATIONAL SAFETY AND HEALTH REQUIREMENTS 


The contractor shall be responsible for ensuring the safety of all company employees, other working personnel, and 
Government property. The contractor is solely responsible for compliance with the Occupational Safety and Health 
Act (OSHA) (Public Law 91-596) and the resulting applicable standards, OSHA Standard 29 CFR 1910 (general), 
1915 (shipboard/submarine) and 1926 (shore), and for the protection, safety and health of their employees and any 
subcontractors assigned to the contracts. Without Government assistance, the contractor shall make certain that all 
safety requirements are met, safety equipment is provided, and safety procedures are documented as part of their 
quality management system. If performing within Government facilities, contractor shall immediately report any 
accidents involving Government or contractor personnel injuries or property/equipment damage to the Contracting 
Officer and Government Representative. Additionally, the contractor is responsible for securing the scene and 
impounding evidence/wreckage until released by the Contracting Officer or on-site Government Representative. 


12.3 SAFETY TRAINING 


The contractor shall be responsible to train all personnel that require safety training. Specifically, where contractors 
are performing work at Navy shore installations, that requires entering manholes or underground services utility the 
contractor shall provide a qualified person as applicable in 29 CFR 1910 or 29 CFR 1926 or as recommended by the 
National Institute for Occupational Safety and Health (NIOSH) Criteria Document for Confined Spaces. Also, when 
contractors are required to scale a tower, all applicable personnel shall have Secondary Fall Protection and 
Prevention training. 


13.0 SUBCONTRACTING REQUIREMENTS 
The contractor shall identify the use of all subcontractors throughout the performance of the contract. 
14.0 ACCEPTANCE PLAN 


Inspection and acceptance is performed by the Government Representative on all services, data, and non-data 
deliverables who will report findings to the Contracting Officer. 


15.0 OTHER CONDITIONS/REQUIREMENTS 

No other conditions or requirements are applicable. 

16.0 APPLICABLE DOCUMENTS 

The contractor shall ensure all work accomplished utilizes the latest, relevant industry practices and 
standards when applicable unless otherwise indicated by text. In accordance with Defense Acquisition 
Policy, maximum utilization of non-Government standards will be made wherever practical. 

16.1 REQUIRED DOCUMENTS 

The contractor shall utilize the following mandatory documents in support of this contract. The documents 


referenced in this paragraph list the minimum version dates; however, the contractor shall meet requirements for any 
referenced document including subsequent updates applicable at time the contract request for proposal is posted. 


Document Number Title 
i United States federal law, Pub.L. 93—579, 88 Stat. 1896, dtd 
EEAO A December 31, 1974, 5 U.S.C. § 552a 


16.2 GUIDANCE DOCUMENTS 
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The contractor shall have knowledge and utilize the following guidance documents in support of this 


contract. The documents referenced in this paragraph list the minimum version dates; however, the 
document's effective date of issue is the contract's request for proposal issue date. 


Document Number Title 

Homeland Security Presidential Directive — 
Policy for a Common Identification Standard for 
Federal Employees and Contractors dtd 27 Aug 
04 


Federal Information Processing Standards Publication 201- 
b. | FIPS PUB 201-2 2 — Personal Identity Verification (PIV) of Federal 
Employees and Contractors, August 2013 


a. | HSPD-12 


16.3 SOURCE OF DOCUMENTS 


The contractor shall obtain all applicable documents necessary for performance on this contract. Many documents are 
available from online sources. Specifications and commercial/industrial documents may be obtained from the 
following sources: 


Copies of Federal Specifications may be obtained from General Services Administration Offices in Washington, DC, 
Seattle, San Francisco, Denver, Kansas City, MO., Chicago, Atlanta, New York, Boston, Dallas and Los Angeles. 


Copies of military specifications may be obtained from the Commanding Officer, Naval Supply Depot, 3801 Tabor 
Avenue, Philadelphia, PA 19120-5099. Application for copies of other Military Documents should be addressed to 
Commanding Officer, Naval Publications and Forms Center, 5801 Tabor Ave., Philadelphia, PA 19120-5099. 


All other commercial and industrial documents can be obtained through the respective organization’s website. 


[END OF PWS] 
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Section E - Inspection and Acceptance 


INSPECTION AND ACCEPTANCE TERMS 


Supplies/services will be inspected/accepted at: 


CLIN INSPECT AT INSPECT BY ACCEPT AT ACCEPT BY 
0001 Destination Government Destination Government 
0002 Destination Government Destination Government 
1001 Destination Government Destination Government 
1002 Destination Government Destination Government 
2001 Destination Government Destination Government 
2002 Destination Government Destination Government 


Section F - Deliveries or Performance 


DELIVERY INFORMATION 


CLIN DELIVERY DATE 


0001 


0002 


1001 


1002 


2001 


2002 


CLAUSES INCORPORATED BY REFERENCE 


52.242-15 
252.232-7003 


POP 21-JUN-2018 TO 
20-JUN-2019 


POP 21-JUN-2018 TO 


20-JUN-2019 


POP 21-JUN-2019 TO 


20-JUN-2020 


POP 21-JUN-2019 TO 


20-JUN-2020 


POP 21-JUN-2020 TO 


20-JUN-202 


1 


POP 21-JUN-2020 TO 


20-JUN-202 


1 


Reports 


QUANTITY 


N/A 


N/A 


N/A 


N/A 


N/A 


N/A 


Stop-Work Order 
Electronic Submission of Payment Requests and Receiving JUN 2012 


SHIP TO ADDRESS 


SPAWARSYSCEN ATLANTIC 
SEE SCHEDULE 

SEE SCHEDULE C 
HANAHAN SC 29410 

FOB: N/A 


(SAME AS PREVIOUS LOCATION) 
FOB: Destination 


(SAME AS PREVIOUS LOCATION) 
FOB: N/A 


(SAME AS PREVIOUS LOCATION) 
FOB: Destination 


(SAME AS PREVIOUS LOCATION) 
FOB: N/A 


(SAME AS PREVIOUS LOCATION) 
FOB: Destination 


AUG 1989 
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DODAAC / 
CAGE 


N65236 


N65236 


N65236 


N65236 


N65236 


N65236 
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Section G - Contract Administration Data 


ACCOUNTING AND APPROPRIATION DATA 


AA: 97X4930 NH3S 251 77777 0 050120 2F 000000 

COST CODE: A00004561217 

AMOUNT: (5) (4) 

ACRN  CLIN/SLIN CIN AMOUNT 


AA 0001 130070269900002 (b) (4) 


CLAUSES INCORPORATED BY REFERENCE 


252.232-7010 Levies on Contract Payments DEC 2006 


CLAUSES INCORPORATED BY FULL TEXT 


252.232-7006 WIDE AREA WORKFLOW PAYMENT INSTRUCTIONS (MAY 2013) 
(a) Definitions. As used in this clause-- 


Department of Defense Activity Address Code (DoDAAC) is a six position code that uniquely identifies a unit, 
activity, or organization. 


Document type means the type of payment request or receiving report available for creation in Wide Area 
WorkFlow (WAWPF). 


Local processing office (LPO) is the office responsible for payment certification when payment certification is done 
external to the entitlement system. 


(b) Electronic invoicing. The WAWF system is the method to electronically process vendor payment requests and 
receiving reports, as authorized by DFARS 252.232-7003, Electronic Submission 
of Payment Requests and Receiving Reports. 


(c) WAWF access. To access WAWF, the Contractor shall-- 


(1) Have a designated electronic business point of contact in the System for Award Management at 
https://www.acquisition.gov; and 


(2) Be registered to use WAWF at https://wawf.eb mil/ following the step-by-step procedures for self-registration 
available at this Web site. 


(d) WAWF training. The Contractor should follow the training instructions of the WAWF Web-Based Training 
Course and use the Practice Training Site before submitting payment requests through 

WAWF. Both can be accessed by selecting the “Web Based Training" link on the WAWF home page at 
https://wawf.eb mil/. 
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(e) WAWF methods of document submission. Document submissions may be via Web entry, Electronic Data 
Interchange, or File Transfer Protocol. 


(f) WAWF payment instructions. The Contractor must use the following information when submitting payment 
requests and receiving reports in WA WEF for this contract/order: 


(1) Document type. The Contractor shall use the following document type(s). 
COMBO 


(2) Inspection/acceptance location. The Contractor shall select the following inspection/acceptance location(s) in 
WAWYF, as specified by the contracting officer. 


N65236 
(3) Document routing. The Contractor shall use the information in the Routing Data Table below only to fill in 


applicable fields in WAWF when creating payment requests and receiving reports in the 
system. 


Routing Data Table* 

Field Name in WAWF Data to be entered in WAWF 
Pay Official DIDAAC N6523B 
Issue By DoDAAC N65236 
Admin DoDAAC N65236 
Inspect By DoDAAC N65236 
Ship To Code N65236 
Ship From Code N/A 
Mark For Code N/A 
Service Approver (DoDAAC) N65236 
Service Acceptor (DoDAAC) N65236 
Accept at Other DIDAAC N/A 
LPO DoDAAC N/A 
DCAA Auditor DoDAAC N/A 
Other DoDAAC(s) N/A 


(4) Payment request and supporting documentation. The Contractor shall ensure a payment request includes 
appropriate contract line item and subline item descriptions of the work performed or supplies delivered, unit 
price/cost per unit, fee (if applicable), and all relevant back-up documentation, as defined in DFARS Appendix F, 
(e.g. timesheets) in support of each payment request. 


(5) WAWF email notifications. The Contractor shall enter the email address identified below in the “Send 
Additional Email Notifications” field of WAWF once a document is submitted in the system. 


(b) (6) (843) 218-06) 
(g) WAWF point of contact. (1) The Contractor may obtain clarification regarding invoicing in WAWF from the 
following contracting activity's WAWF point of contact. 


(b) (6) 
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(2) For technical WA WF help, contact the WAWF helpdesk at 866-618-5988. 


(End of clause) 


G 

MATERIALS AND INVOICE MUST CITE PURCHASE ORDER/DELIVERY ORDER NUMBER FROM 
BLOCKS 1 OR 2 AND THE PURCHASE REQUEST NUMBER FROM EACH LINE ITEM OF THE ORDER 
INVOICE INFORMATION: THIS ORDER FALLS WITHIN THE REQUIREMENTS OF DFARS CLAUSE 
252.232-7003 AND WILL BE PROCESSED VIA WAWF (SEE SECTION I) 

VENDOR NAME: McKinsey & Company, Quote dated 05/22/2018 


THIS IS A FIRM FIXED PRICE PURCHASE/DELIVERY ORDER 


Section H - Special Contract Requirements 
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H 
CONTRACTOR: ORIGINATOR: 
McKinsey & Company 
1200 19!" Street Northwest. Suite 1100 (b) (6) , 843-218- 
Washington, DC 20036-2412 (b) 
POC: (by (4:(5)6) 
SPAWAR POCs: SPONSOR: 
BFM: WO 
843-218(5)(6) N/A 


Contract Specialist: (b)(6) 
, 843-21 80O 
WAWEF Point of Contact: (b)(6) 
843-218(5)6) 


| Sewp/GSA/BPA # 
N/A 
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Section I - Contract Clauses 


CLAUSES INCORPORATED BY REFERENCE 


52.204-9 Personal Identity Verification of Contractor Personnel JAN 2011 
52.204-10 Reporting Executive Compensation and First-Tier OCT 2016 
Subcontract Awards 
52.204-13 System for Award Management Maintenance OCT 2016 
52.204-18 Commercial and Government Entity Code Maintenance JUL 2016 
52.212-4 Contract Terms and Conditions--Commercial Items JAN 2017 
52.227-17 Rights In Data-Special Works DEC 2007 
52.232-39 Unenforceability of Unauthorized Obligations JUN 2013 
52.233-1 Disputes MAY 2014 
52.244-6 Subcontracts for Commercial Items NOV 2017 
252.203-7000 Requirements Relating to Compensation of Former DoD SEP 2011 
Officials 
252.203-7002 Requirement to Inform Employees of Whistleblower Rights SEP 2013 
252.204-7000 Disclosure Of Information OCT 2016 
252.204-7003 Control Of Government Personnel Work Product APR 1992 
252.204-7006 Billing Instructions OCT 2005 
252.204-7015 Notice of Authorized Disclosure of Information for Litigation MAY 2016 
Support 
252.243-7001 Pricing Of Contract Modifications DEC 1991 
252.247-7023 Transportation of Supplies by Sea APR 2014 


CLAUSES INCORPORATED BY FULL TEXT 


52.212-5 CONTRACT TERMS AND CONDITIONS REQUIRED TO IMPLEMENT STATUTES OR 
EXECUTIVE ORDERS--COMMERCIAL ITEMS (JAN 2018) 


(a) The Contractor shall comply with the following Federal Acquisition Regulation (FAR) clauses, which are 
incorporated in this contract by reference, to implement provisions of law or Executive orders applicable to 
acquisitions of commercial items: 


(1) 52.203-19, Prohibition on Requiring Certain Internal Confidentiality Agreements or Statements (JAN 2017) 
(section 743 of Division E, Title VII, of the Consolidated and Further Continuing Appropriations Act, 2015 (Pub. L. 
113-235) and its successor provisions in subsequent appropriations acts (and as extended in continuing resolutions)). 
(2) 52.209-10, Prohibition on Contracting with Inverted Domestic Corporations (Nov 2015). 

(3) 52.233-3, Protest After Award (AUG 1996) (31 U.S.C. 3553). 


(4) 52.233-4, Applicable Law for Breach of Contract Claim (OCT 2004) (Public Laws 108-77 and 108-78 (19 
U.S.C. 3805 note)). 


(b) The Contractor shall comply with the FAR clauses in this paragraph (b) that the Contracting Officer has 
indicated as being incorporated in this contract by reference to implement provisions of law or Executive orders 
applicable to acquisitions of commercial items: (Contracting Officer check as appropriate.) 


|... (1) 52.203-6, Restrictions on Subcontractor Sales to the Government (Sept 2006), with Alternate I (Oct 1995) 
(41 U.S.C. 4704 and 10 U.S.C. 2402). 
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___ (2) 52.203-13, Contractor Code of Business Ethics and Conduct (Oct 2015) (41 U.S.C. 3509). 
|... (3)52.203-15, Whistleblower Protections under the American Recovery and Reinvestment Act of 2009 (June 


2010) (Section 1553 of Pub. L. 111-5). (Applies to contracts funded by the American Recovery and Reinvestment 
Act of 2009.) 


— (4) 52.204-10, Reporting Executive Compensation and First-Tier Subcontract Awards (Oct 2016) (Pub. L. 109- 
282) (31 U.S.C. 6101 note). 


_ _ (5) [Reserved] 


(6) 52.204-14, Service Contract Reporting Requirements (Oct 2016) (Pub. L. 111-117, section 743 of Div. 
C). 


(7) 52.204-15, Service Contract Reporting Requirements for Indefinite-Delivery Contracts (Oct 2016) (Pub. 
L. 111-117, section 743 of Div. C). 


X  (8)52.209-6, Protecting the Government's Interest When Subcontracting with Contractors Debarred, 
Suspended, or Proposed for Debarment. (Oct 2015) (31 U.S.C. 6101 note). 


(9) 52.209-9, Updates of Publicly Available Information Regarding Responsibility Matters (July 2013) (41 
U.S.C. 2313). 


(10) [Reserved] 
(11)(1) 52.219-3, Notice of HUBZone Set-Aside or Sole-Source Award (NOV 2011) (15 U.S.C. 657a). 
(ii) Alternate I (NOV 2011) of 52.219-3. 


(12) (1) 52.219-4, Notice of Price Evaluation Preference for HUBZone Small Business Concerns (OCT 2014) 
(if the offeror elects to waive the preference, it shall so indicate in its offer) (15 U.S.C. 657a). 


_— (u) Alternate I (JAN 2011) of 52.219-4. 

...... (13) [Reserved] 

_  (14)(i) 52.219-6, Notice of Total Small Business Set-Aside (NOV 2011) (15 U.S.C. 644). 

. (i) Alternate I (NOV 2011). 

. (ii) Alternate II (NOV 2011). 

|... (15)(1) 52.219-7, Notice of Partial Small Business Set-Aside (June 2003) (15 U.S.C. 644). 

_— (i) Alternate I (Oct 1995) of 52.219-7. 

. (iii) Alternate II (Mar 2004) of 52.219-7. 

_ (16) 52.219-8, Utilization of Small Business Concerns (Nov 2016) (15 U.S.C. 637(d)(2) and (3)). 
_ (17)y) 52.219-9, Small Business Subcontracting Plan (Jan 2017) (15 U.S.C. 637(d)(4)). 


(11) Alternate I (Nov 2016) of 52.219-9. 
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_— (iii) Alternate II (Nov 2016) of 52.219-9. 
_— (iv) Alternate III (Nov 2016) of 52.219-9. 
_ (v) Alternate IV (Nov 2016) of 52.219-9. 
_ (189 52.219-13, Notice of Set-Aside of Orders (NOV 2011) (15 U.S.C. 644(r)). 
_ (19 52.219-14, Limitations on Subcontracting (JAN 2017) (15 U.S.C. 637(a)(14)). 
_ (20) 52.219-16, Liquidated Damages—Subcon-tracting Plan (Jan 1999) (15 U.S.C. 637(d)(4)(F)(i)). 


(21) 52.219-27, Notice of Service-Disabled Veteran-Owned Small Business Set-Aside (NOV 2011) (15 U.S.C. 
657f). 


X (22) 52.219-28, Post Award Small Business Program Rerepresentation (July 2013) (15 U.S.C. 632(a)(2)). 


(23) 52.219-29, Notice of Set-Aside for, or Sole Source Award to, Economically Disadvantaged Women- 
Owned Small Business Concerns (Dec 2015) (15 U.S.C. 637(m)). 


(24) 52.219-30, Notice of Set-Aside for, or Sole Source Award to, Women-Owned Small Business Concerns 
Eligible Under the Women-Owned Small Business Program (Dec 2015) (15 U.S.C. 637(m)). 


_ (25) 52.222-3, Convict Labor (June 2003) (E.O. 11755). 

_— (26) 52.222-19, Child Labor--Cooperation with Authorities and Remedies (Jan 2018) (E.O. 13126). 
X  (27)52.222-21, Prohibition of Segregated Facilities (Apr 2015). 

X  (28)52.222-26, Equal Opportunity (Sept 2016) (E.O. 11246). 

|... (29) 52.222-35, Equal Opportunity for Veterans (Oct 2015) (38 U.S.C. 4212). 

|... (30) 52.222-36, Equal Opportunity for Workers with Disabilities (July 2014) (29 U.S.C. 793). 
|... (31) 52.222-37, Employment Reports on Veterans (FEB 2016) (38 U.S.C. 4212). 


(32) 52.222-40, Notification of Employee Rights Under the National Labor Relations Act (Dec 2010) (E.O. 
13496). 


X — (33)(1) 52.222-50, Combating Trafficking in Persons (March 2, 2015) (22 U.S.C. chapter 78 and E.O. 13627). 
(11) Alternate I (March 2, 2015) of 52.222-50 (22 U.S.C. chapter 78 and E.O. 13627). 
(34) 52.222-54, Employment Eligibility Verification (Oct 2015). (E. O. 12989). (Not applicable to the 


acquisition of commercially available off-the-shelf items or certain other types of commercial items as prescribed in 
22.1803.) 


(35)() 52.223-9, Estimate of Percentage of Recovered Material Content for EPA—Designated Items (May 
2008) (42 U.S.C. 6962(c)(3)(A)(i1)). (Not applicable to the acquisition of commercially available off-the-shelf 
items.) 


(ii) Alternate I (May 2008) of 52.223-9 (42 U.S.C. 6962(1)(2)(C)). (Not applicable to the acquisition of 
commercially available off-the-shelf items.) 
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(36) 52.223-11, Ozone-Depleting Substances and High Global Warming Potential Hydrofluorocarbons (June, 
2016) (E.O. 13693). 


(37) 52.223-12, Maintenance, Service, Repair, or Disposal of Refrigeration Equipment and Air Conditioners 
(June, 2016) (E.O. 13693). 


(38) (i) 52.223-13, Acquisition of EPEAT® Registered Imaging Equipment (Jun 2014) (E.O.s 13423 and 
13514). 


— — (ii) Alternate I (OCT 2015) of 52.223-13. 

— _ (39)(1) 52.223-14, Acquisition of EPEAT@ Registered Televisions (Jun 2014) (E.O.s 13423 and 13514). 
— — — (ii) Alternate I (Jun 2014) of 52.223-14. 

_ (40) 52.223-15, Energy Efficiency in Energy-Consuming Products (Dec 2007) (42 U.S.C. 8259b). 


(41)(1) 52.223-16, Acquisition of EPEAT[supreg]-Registered Personal Computer Products (OCT 2015) (E.O.s 
13423 and 13514). 


(11) Alternate I (Jun 2014) of 52.223-16. 


X (42) 52.223-18, Encouraging Contractor Policies to Ban Text Messaging While Driving (Aug 2011) (E.O. 
13513). 


(43) 52.223-20, Aerosols (June, 2016) (E.O. 13693). 

|... (44) 52.223-21, Foams (June, 2016) (E.O. 13693). 

|... (45)(1) 52.2243, Privacy Training (JAN 2017) (5 U.S.C. 552a). 

. (H) Alternate I (JAN 2017) of 52.224-3. 

_ (46 52.225-1, Buy American--Supplies (May 2014) (41 U.S.C. chapter 83). 

(47) (1) 52.225-3, Buy American--Free Trade Agreements--Israeli Trade Act (May 2014) (41 U.S.C. chapter 


83, 19 U.S.C. 3301 note, 19 U.S.C. 2112 note, 19 U.S.C. 3805 note, 19 U.S.C. 4001 note, Pub. L. 
103-182, 108-77, 108-78, 108-286, 108-302, 109-53, 109-169, 109-283, 110-138, 112-41, 112-42, and 112-43. 


(11) Alternate I (May 2014) of 52.225-3. 
(iii) Alternate II (May 2014) of 52.225-3. 
(iv) Alternate III (May 2014) of 52.225-3. 


(48) 52.225-5, Trade Agreements (Oct 2016) (19 U.S.C. 2501, et seq., 19 U.S.C. 3301 note). 


(49) 52.225-13, Restrictions on Certain Foreign Purchases (June 2008) (E.O.'s, proclamations, and statutes 
administered by the Office of Foreign Assets Control of the Department of the Treasury). 


(50) 52.225-26, Contractors Performing Private Security Functions Outside the United States (Oct 2016) 
(Section 862, as amended, of the National Defense Authorization Act for Fiscal Year 2008; 10 U.S.C. 2302 Note). 


(51) 52.226-4, Notice of Disaster or Emergency Area Set-Aside (Nov 2007) (42 U.S.C. 5150 
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(52) 52.226-5, Restrictions on Subcontracting Outside Disaster or Emergency Area (Nov 2007) (42 U.S.C. 
5150). 


(53) 52.232-29, Terms for Financing of Purchases of Commercial Items (Feb 2002) (41 U.S.C. 4505, 10 
U.S.C. 2307(f)). 


(54) 52.232-30, Installment Payments for Commercial Items (Jan 2017) (41 U.S.C. 4505, 10 U.S.C. 2307(f)). 


X (55)52.232-33, Payment by Electronic Funds Transfer—System for Award Management (July 2013) (31 
U.S.C. 3332). 


(56) 52.232-34, Payment by Electronic Funds Transfer—Other than System for Award Management (July 
2013) (31 U.S.C. 3332). 


(57) 52.232-36, Payment by Third Party (MAY 2014) (31 U.S.C. 3332). 
(58) 52.239-1, Privacy or Security Safeguards (Aug 1996) (5 U.S.C. 552a). 
(59) 52.242-5, Payments to Small Business Subcontractors (JAN 2017)(15 U.S.C. 637(d)(12)). 


(60)(1) 52.247-64, Preference for Privately Owned U.S.-Flag Commercial Vessels (Feb 2006) (46 U.S.C. 
Appx. 1241(b) and 10 U.S.C. 2631). 


(11) Alternate I (Apr 2003) of 52.247-64. 


(c) The Contractor shall comply with the FAR clauses in this paragraph (c), applicable to commercial services, that 
the Contracting Officer has indicated as being incorporated in this contract by reference to implement provisions of 
law or Executive orders applicable to acquisitions of commercial items: (Contracting Officer check as appropriate.) 
(1) 52.222-17, Nondisplacement of Qualified Workers (May 2014) (E.O. 13495). 
(2) 52.222-41, Service Contract Labor Standards (MAY 2014) (41 U.S.C. chapter 67). 


(3) 52.222-42, Statement of Equivalent Rates for Federal Hires (MAY 2014) (29 U.S.C. 206 and 41 U.S.C. 
chapter 67). 


(4) 52.222-43, Fair Labor Standards Act and Service Contract Labor Standards--Price Adjustment (Multiple 
Year and Option Contracts) (MAY 2014) (29 U.S.C. 206 and 41 U.S.C. chapter 67). 


(5) 52.222-44, Fair Labor Standards Act and Service Contract Labor Standards--Price Adjustment (MAY 
2014) (29 U.S.C 206 and 41 U.S.C. chapter 67). 


(6) 52.222-51, Exemption from Application of the Service Contract Labor Standards to Contracts for 
Maintenance, Calibration, or Repair of Certain Equipment--Requirements (MAY 2014) (41 U.S.C. chapter 67). 


(7) 52.222-53, Exemption from Application of the Service Contract Labor Standards to Contracts for Certain 
Services--Requirements (MAY 2014) (41 U.S.C. chapter 67). 


(8) 52.222-55, Minimum Wages Under Executive Order 13658 (DEC 2015) (E.O. 13658). 
(9) 52.222-62, Paid Sick Leave Under Executive Order 13706 (JAN 2017) (E.O. 13706). 


(10) 52.226-6, Promoting Excess Food Donation to Nonprofit Organizations (MAY 2014) (42 U.S.C. 1792). 
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(11) 52.237-11, Accepting and Dispensing of $1 Coin (Sept 2008) (31 U.S.C. 5112(p)(1)). 


(d) Comptroller General Examination of Record. The Contractor shall comply with the provisions of this paragraph 
(d) if this contract was awarded using other than sealed bid, is in excess of the simplified acquisition threshold, and 
does not contain the clause at 52.215-2, Audit and Records--Negotiation. 


(1) The Comptroller General of the United States, or an authorized representative of the Comptroller General, shall 
have access to and right to examine any of the Contractor's directly pertinent records involving transactions related 
to this contract. 


(2) The Contractor shall make available at its offices at all reasonable times the records, materials, and other 
evidence for examination, audit, or reproduction, until 3 years after final payment under this contract or for any 
shorter period specified in FAR Subpart 4.7, Contractor Records Retention, of the other clauses of this contract. If 
this contract is completely or partially terminated, the records relating to the work terminated shall be made 
available for 3 years after any resulting final termination settlement. Records relating to appeals under the disputes 
clause or to litigation or the settlement of claims arising under or relating to this contract shall be made available 
until such appeals, litigation, or claims are finally resolved. 


(3) As used in this clause, records include books, documents, accounting procedures and practices, and other data, 
regardless of type and regardless of form. This does not require the Contractor to create or maintain any record that 
the Contractor does not maintain in the ordinary course of business or pursuant to a provision of law. 


(e) (1) Notwithstanding the requirements of the clauses in paragraphs (a), (b), (c), and (d) of this clause, the 
Contractor is not required to flow down any FAR clause, other than those in this paragraph (e)(1)in a subcontract for 
commercial items. Unless otherwise indicated below, the extent of the flow down shall be as required by the 
clause— 


(1) 52.203-13, Contractor Code of Business Ethics and Conduct (Oct 2015) (41 U.S.C. 3509). 

(11) 52.203-19, Prohibition on Requiring Certain Internal Confidentiality Agreements or Statements (JAN 2017) 
(section 743 of Division E, Title VII, of the Consolidated and Further Continuing Appropriations Act, 2015 (Pub. L. 
113-235) and its successor provisions in subsequent appropriations acts (and as extended in continuing resolutions)). 
(iii) 52.219-8, Utilization of Small Business Concerns (Nov 2016) (15 U.S.C. 637(d)(2) and (3)), in all subcontracts 
that offer further subcontracting opportunities. If the subcontract (except subcontracts to small business concerns) 
exceeds $700,000 ($1.5 million for construction of any public facility), the subcontractor must include 52.219-8 in 


lower tier subcontracts that offer subcontracting opportunities. 


(iv) 52.222-17, Nondisplacement of Qualified Workers (MAY 2014) (E.O. 13495). Flow down required in 
accordance with paragraph (1) of FAR clause 52.222-17. 


(v) 52.222-21, Prohibition of Segregated Facilities (Apr 2015). 
(vi) 52.222-26, Equal Opportunity (Sept 2016) (E.O. 11246). 


(vii) 52.222-35, Equal Opportunity for Veterans (Oct 2015) (38 U.S.C. 4212). 


(viii) 52.222-36, Equal Opportunity for Workers with Disabilities (Jul 2014) (29 U.S.C. 793). 


(ix) 52.222-37, Employment Reports on Veterans (Feb 2016) (38 U.S.C. 4212). 
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(x) 52.222-40, Notification of Employee Rights Under the National Labor Relations Act (Dec 2010) (E.O. 13496). 
Flow down required in accordance with paragraph (f) of FAR clause 52.222-40. 


(xi) 52.222-41, Service Contract Labor Standards (May 2014), (41 U.S.C. chapter 67). 


(xii) (A) 52.222-50, Combating Trafficking in Persons (March 2, 2015) (22 U.S.C. chapter 78 and E.O. 
13627). 


(B) Alternate I (March 2, 2015) of 52.222-50 (22 U.S.C. chapter 78 and E.O. 13627). 


(xiii) 52.222-51, Exemption from Application of the Service Contract Labor Standards to Contracts for 
Maintenance, Calibration, or Repair of Certain Equipment--Requirements (May 2014) (41 U.S.C. chapter 67.) 


(xvii) 52.222-53, Exemption from Application of the Service Contract Labor Standards to Contracts for Certain 
Services--Requirements (May 2014) (41 U.S.C. chapter 67) 


(xiv) 52.222-54, Employment Eligibility Verification (Oct 2015) (E. O. 12989). 
(xv)52.222-55, Minimum Wages Under Executive Order 13658 (Dec 2015) (E.O. 13658). 


(xvi) (A) 52.224-3, Privacy Training (JAN 2017) (5 U.S.C. 552a). 
(B) Alternate I (JAN 2017) of 52.224-3. 
(xvii) 52.222-62 Paid Sick Leave Under Executive Order 13706 (JAN 2017) (E.O. 13706). 


(xviii) 52.225-26, Contractors Performing Private Security Functions Outside the United States (Oct 2016) (Section 
862, as amended, of the National Defense Authorization Act for Fiscal Year 2008; 10 U.S.C. 2302 Note). 


(xix) 52.226-6, Promoting Excess Food Donation to Nonprofit Organizations. (May 2014) (42 U.S.C. 1792). Flow 
down required in accordance with paragraph (e) of FAR clause 52.226-6. 


(xx) 52.247-64, Preference for Privately-Owned U.S. Flag Commercial Vessels (Feb 2006) (46 U.S.C. Appx 
1241(b) and 10 U.S.C. 2631). Flow down required in accordance with paragraph (d) of FAR clause 52.247-64. 


(2) While not required, the Contractor may include in its subcontracts for commercial items a minimal number of 
additional clauses necessary to satisfy its contractual obligations. 


(End of clause) 


52.252-2 CLAUSES INCORPORATED BY REFERENCE (FEB 1998) 
This contract incorporates one or more clauses by reference, with the same force and effect as if they were given in 
full text. Upon request, the Contracting Officer will make their full text available. Also, the full text of a clause may 


be accessed electronically at this/these address(es): 


http://farsite hill.af.mil/ 
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(End of clause) 


PGI CLAUSE 
G-TXT-07 PAYMENT INSTRUCTION (PGI 204.7108) 


The payment office shall allocate and record the amounts paid to the accounting classification 


citations in the contract using the table below based on the type of payment request submitted 
(see DFARS 252.232-7006) and the type of effort: 


Contract/Order Payment Office 
Payment Clause Request Supply Service Construction Allocation Method 
X X 


52.212-4 (Alt D, Cost N/A Line item specific 


Contract Terms || Voucher proration. If there is 
and more than one 
Conditions— ACRN within a 
Commercial deliverable line or 
Items deliverable subline 
52.216-7, item, the funds will 
Allowable Cost be allocated in the 
and Payment same proportion as 
52.232-1, the amount of 
Payments under funding currently 
Time-and- unliquidated for 
Materials and each ACRN on the 
Labor-Hour deliverable line or 
Contracts deliverable subline 
item for which 
payment is 
requested. 
52.232-1, Navy X N/A |N/A Line Item specific 
Payments Shipbuilding by fiscal year. If 


Invoice there is more than 

(Fixed Price) one ACRN within a 
deliverable line or 
deliverable subline 
item, the funds will 
be allocated using 
the oldest funds. In 
the event of a 
deliverable line or 
deliverable subline 
item with two 


52.232-1, 


Payments; 
52.232-2, 
Payments under 
Fixed-Price 
Research and 
Development 
Contracts; 
52.232-3, 
Payments under 
Personal 
Services 
Contracts; 
52.232-4, 
Payments under 
Transportation 
Contracts and 
Transportation- 
Related Services 
Contracts; and 
52.232-6, 
Payments under 
Communication 
Service 
Contracts with 
Common 
Carriers 


32.2395. 


Payments Under 
Fixed-Price 
Construction 
Contracts 


Invoice X X N/A 


Construction INA N/A X 
Payment 
Invoice 
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ACRNs with the 
same fiscal year, 
those amounts will 
be prorated to the 
available 
unliquidated funds 
for that year. 


Line Item Specific 
proration. If there is 
more than one 
ACRN within a 
deliverable line or 
deliverable subline 
item, the funds will 
be allocated in the 
same proportion as 
the amount of 
funding currently 
unliquidated for 
each ACRN on the 
deliverable line or 
deliverable subline 


Line Item specific 
by fiscal year. If 
there is more than 
one ACRN within a 
deliverable line or 
deliverable subline 
item, the funds will 
be allocated using 
the oldest funds. In 
the event of a 
deliverable line or 


52232-16, | 16, 
Progress 
Payments 


52.232-29, 


Terms for 
Financing of 
Purchases of 
Commercial 
Items; 
52.232-30, 
Installment 
Payments for 
Commercial 
Items 


52.232-32, 


Performance- 


Based Payments 
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deliverable subline 
item with two 
ACRNs with the 
same fiscal year, 
those amounts will 
be prorated to the 
available 
unliquidated funds 
for that year. 


Contract-wide 
proration. Funds 
shall be allocated in 
the same proportion 
as the amount of 
funding currently 
unliquidated for 
each ACRN. 
Progress Payments 
are considered 
contract level 
financing, and the 
"contract price" 
shall reflect the 
fixed price portion 
of the contract per 
FAR 32.501-3. 


Progress 
Payment* 


Commercial |X x N/A 


Specified in 
f approved payment. 
Financing* The contracting 


officer shall specify 
the amount to be 


charged for each 
payment approval in 
accordance with 
FAR 32.207(b)(2) 
and 32.1007(b)(2). 


Specified in 
approved payment. 
The contracting 
officer shall specify 
the amount to be 
paid and the 


Performance- X X N/A 
Based 
Payments* 
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account(s) to be 
charged for each 
payment approval in 
accordance with 
FAR 32.207(b)(2) 
and 32.1007(b)(2). 


Allocate costs 
among line items 
and countries in a 
manner acceptable 
to the 
Administrative 
Contracting Officer. 


252.232-7002, Progress X X N/A 
Progress Payment* 

Payments for 

Foreign Military 

Sales 

Acquisitions 


*Liquidation of Financing Payments. Liquidation will be applied by the payment office against 
those ACRNs which are identified by the payment instructions for the delivery payment and in 
keeping with the liquidation provision of the applicable contract financing clause (1.e., progress 
payment, performance-based payment, or commercial item financing). 


(End of text) 
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DATE 
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